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PAGE 01 STATE 219779 
ORIGIN OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO SY-05 FBOE-OO A-01 
STE-01 OCPE-OO /024 R 

DRAFTED BY OC/PE-E:RAYAMAMURA,ACTG/PWS 
APPROVED BY A/OC:SEBRANCH 
OC/PE:RAY AMAMURA, ACTG 
A/OC/AF : RLLOCHMILLER 
DESIRED DISTRIBUTION 

A/SY/FO, A/SY/NSU, OC/S, AF/EX, A/FBO, OPR/ST, OC/PE-L 

014791 300921Z/17 

R 292315Z AUG 78 
FM SECSTATE WASHDC 
TO AMEMBASSY PRETORIA 
INFO AMCONSUL CAPE TOWN 
AMCONSUL DURBAN 
AMCONSUL JOHANNESBURG 
AMEMBASSY ACCRA 
AMEMBASSY NAIROBI 

CONFIDENTIAL STATE 219779 

ACCRA/NAIROBI FOR RCO 

E.O. 11652: XGDS-2 
TAGS: AFAC, ABLD, ASEC 
SUBJECT: C&R RENOVATION - CAPE TOWN 
REF: PRETORIA 4827 (NOTAL) 

1 . REGRET IT NOT POSSIBLE TO ACCOMPLISH UPGRADE TO C&R 
CAPE TOWN PRIOR TO BEGINNING OF NEXT SA PARLIAMENTARY 
SESSION IN JANUARY, 1979. FYI, IT WILL REQUIRE AT LEAST 
SEVERAL MONTHS JUST TO DEVELOP AN ENGINEERING PACKAGE, CON- 
CONFIDENTIAL 

CONFIDENTIAL 

PAGE 02 STATE 219779 

TRACT OUT THE ENGINEERING DRAWINGS, DEVELOP A BILL OF MAT- 
ERIALS, OBTAIN CLEARANCES ON THE FINAL PACKAGE, ORDER THE 
MATERIALS, SEND THE POST THE ENGINEERING PACKAGE FOR DE- 
VELOPMENT OF A COST ESTIMATE FOR THE CONTRACTOR PORTION OF 
WORK AND MATERIALS TO BE PROVIDED LOCALLY, AND FINALLY 
SHIPPING THE ENCLOSURE, AIR CONDITIONING SYSTEM, UPGRADE 
MATERIALS AND BILL OF MATERIALS, WHICH ALL STAND GOOD 
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CHANCE OF EITHER BECOMING LOST OR DAMAGED IN TRANSIT, OR 
ARRIVING AND LEARNING THAT ITEM HAS BEEN SHIPPED FROM 
FACTORY INCORRECTLY. 

2. PRESENT PLANNING IS TO BEGIN CAPE TOWN RENOVATION ON 
JULY 1. 1979, FOLLOWING MOVE OF EMBASSY BACK TO PRETORIA. 
RENOVATION HOPEFULLY WILL NOT REQUIRE MORE THAN TWO MONTHS. 
ENCLOSURE INSTALLATION WOULD FOLLOW RENOVATION SEPT 1-21. 

WHILE RENOVATION IS ONGOING IN CAPE TOWN, ENCLOSURE AND 
SEABEE PERSONNEL WOULD BE INSTALLING ENCLOSURES AND AIR 
CONDITIONING SYSTEMS IN DURBAN 15 JULY - 6 AUGUST 1979 AND 
IN JOHANNESBURG ON AUG 7-31 BEFORE MOVING ON TO CAPE 
TOWN ON 1 SEPT 79. ADDITIONALLY, DURBAN WOULD RECEIVE A 
C&R ELECTRICAL UPGRADE ON APPROXIMATELY 1-14 JULY, UTIL- 
IZING THE BILL OF ELECTRICAL MATERIALS ON HAND IN DURBAN. 

CHRISTOPHER 
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